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ll» February 196 1 * 


EXHIBIT "D" 

AEROSPACE GROUND EQUIPMENT 

PART I GENERAL PROVISIONS 


1. Purpose 

The purpose of this document is to prescribe the procedures, 
terms and conditions governing the quantitative determination of the Aerospace 
Ground Equipment (AGE) required to support the article on contract and the 
furnishing of AGE to be procured under this contract. 

2. General 


a. To the extent that equipment is available to the 
contractor, all documentation required may be furnished by Electronic 
Accounting Machine (EAM) methods. 

b. The prime contractor shall include the requirements of 
this document as applicable on all contracts with subcontractors or vendors 
for system and equipments requiring AGE. 

PART II AEROSPACE GROUND EQUIPMENT REQUIREMENTS LIST (AGERL) 

1. Initial Submission 


As soon as possible after the item design is frozen, but not 
later than 30 days thereafter, the contractor shall furnish the Air Force 
with an AGE Requirements List in the format attached. This list shall 
contain all AGE, Common and Peculiar, which during the DT&E phase were: 

a. Fabricated or procured. 

b. Recommended and approved as GFP 

c. Any new items determined to be required in Cat III 
testing and/or operational phase. 

This list will be covered by drawings or other descriptive data for all 
peculiar items, and for any common item(s) recommended for modification or 
adaptation. The drawing and data shall be made available to the Project 
Support Office upon request. 

2. Revisions to AGE Requirements List 

After the initial submission of the AGERL, the contractor 
shall update the list as required. 
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3, Distribution 

AGERL lists shall be submitted as follows: 

a. One multilith master to the Project Support Office. 

b. One copy to the SPO. 
h. Expedite Submission 

When in the opinion of the contractor, delay in design 
development and fabrication of any long lead time item(s) would result in 
delinquency delivery of other items, he shall so notify the SPO and the 
Project Support Office. Upon receipt of -such notification from the 
contractor, the Air Force shall officially approve or disapprove the AGERL. 

PART III PROCUREMENT NOTIFICATION 


After review and adjustment of the AGERL by the Air Force and 
the contractor at the initial AGE Provisioning Conference convened by the 
Project Support Office, the PSO will prepare a Purchase Request for the 
approved items and quantities. 

PART IV AEROSPACE GROUND EQUIPMENT EXHIBIT 

If the items, prices and quantities contained in the AGERL are 
acceptable to the Air Force, the list shall be incorporated by supplemental 
agreement into the contract as the Aerospace Ground Equipment Exhibit. If 
the AGERL is not acceptable as submitted, prices and quantities shall be 
established by agreement of the parties. 

PART V ADJUSTMENT IN FUNDS 

1. If at any time the total estimated price of the AGE selected 
for procurement exceeds the dollar amount administratively reserved for AGE 
as known by the contractor, the contractor shall promptly notify the 
Contracting Officer in writing to that effect, setting forth the estimated 
amount of such excess. 

2. Within ten (10) days after receipt of such notification, the 
procuring Contracting Officer shall advise the contractor either: 

a. that additional funds will be made available, or 

b. which items and quantities are to be deleted or reduced. 
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INSTRUCTIONS FOR AGE REQUIREMENTS LIST 

To prepare the attached equipment form, the following will be used: 
(all blocks must be filled) 


a. 

Basic Date: 

Approval date of initial item. 

b. 

Latest Revision: 

Date of latest revision. 

c. 

Stock Number: 

Assigned Federal Stock No. or Part No. 

d. 

Nomenclature : 

Enter sufficient information. 

e. 

Manufacturer Drawing: 

Enter if applicable. 

f. 

Cost : 

Self explanatory. 

6 • 

Source of Supply: 

CFE/GFE or other. 

he 

Production Lead Time: 

Self explanatory. 

i. 

Date Required: 

Self explanatory. 

J • 

Location: 

Enter amount by contract for each location 

k. 

Problem Area: 

List area and/or intended use of this item 

1. 

Remarks : 

Additional information when required. 

m. 

Superceded by: 

When replaced by new item number, list it. 

n. 

Item Number: 

Number assigned the item. One per page. 


NOTE: All information above is mandatory except that descriptive 
data shall be required only to the extent necessary to 
support AGE provisioning activity. The descriptions are 
not intended in the context of a specification or handbook. 
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